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BILL NO. S-91-08- Jo 
SPECIAL ORDINANCE NO. s-—2/4-7/ 
AN ORDINANCE approving Change Order No. 
1 FOR RES. #6194-91, 1991 RESURFACING 
PACKAGE NO. 1 with WAYNE ASPHALT & 
CONSTRUCTION CO., INC. in connection with 
the Board of Public Works of the City of 
Fort Wayne, Indiana. 
NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 
SECTION 1. That Change Order No. 1 FOR RES. #6194-91, 
1991 RESURFACING PACKAGE NO. 1 with WAYNE ASPHALT & 
CONSTRUCTION CO., INC. in connection with the Board of Public 
Works, for: 
is necessary because more pavement 
removal was required due to the bad 
condition of the existing street in the 
driving lane along the curb. This raised 
the quantities for pavement removal, 
H.A.C. base No. 5D. The project was also 
increased one block without a change in 
quantities after the original estimate; 
involving a net increase of Five Thousand Three Hundred Eight- 
One and no/100 Dollars ($5,381.00), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all 


necessary approval by the Mayor. 


CR Shad 
Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 


———— 


N 


J. Timoth cCaulay 
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a é ' CHANGE ORDER 


Change Order No. 1 Resolution No. 6194-91 

Project No. 10,897 Board Order No. 1-91 

Name of Project 1991 RESURFACING PACKAGE NO. 1 Date 7/23/91 
SE AO a ESA AEAN A 

To: WAYNE ASPHALT & CONSTRUCTION CO., INC. 


(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change 


! i Material i Unit Price Decrease Increase 

| | SEE ATTACHED PRINT OUT SHEET | | 

a | | | | 
| i | | 
| | T 


E ' ! 
Total Decrease | $6,610.70 


















Total Increase | | $11,991.70 
j | 
Net (Reaxaasa) (Increase) Contract Price : | $5,381.00 
The sum of $ 5,381.00 is hereby (added to) (seobe) the total contract 
price, and the final contract price shall be adjusted as follows: 
167,666.93 


Original Contract Price $ 
Current Contract Price Adjusted by Previous Change Order $ 


New Contract Price Including this Change Order $173,047.93 
The time provided for completion in the contract for this project is (unchanged) (imoweasad) 
(GEER) by calendar days due to this Change Order. The date for completion 
of all work shall be 6/15/91 - Furthermore, this document shall become an 
amendment to the contract, and all provigigns of the contract shall apply hereto. 


; Date Z m Z i 









Date 
Date os Al 


Date f G / 





FF 


Date ¥/2 Gd 


Attested by: 


2 Change Order No. 1 
Resolution No. 6194-91 


Board Order No. I-91 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: _More pavement removal was required due to the bad condition of the 


existing street in the driving lane along the curb. This raised the quantities for 


eee 
pavement removal, H.A.C. Base No. 5D. The project was also increased one block without 
a Sa A Ea een aT Ne 
a change in quantities after the original estimate. 


EES 
ne O 


ÁÁ ee eee eee 


Will proposed change alter size of the project? Yes No 


If yes, explain: 
BETEN SE E E S E SE 


a a S ee ee 


Affect on operation and maintenance cost of this project: 


The change will not affect operation or maintenance costs. 


DAAA 





Walt Borcherding, Proje@t Engineer 


PROJECT:RESURFING 1991 PACKAGE NO. 1 RES. NO: 6194-91 CONTRACTOR: WAYNE ASPHALT CONST, CO. 


CONTRACT COST ANALYSIS B.O: 1-91 DATE: JULY,22,1991 








‘Paveuent Reaoval 








2419 $2203.14 








Joint & Crack Sealer 


Castings Adjust 







manent Pavenent Marking 
____i(Center line) Solid Yellow 6" 
12. iPernanent Pavesent Marking 
meS i(Center line) Skip Yellow 6" 
13. {Permanent Paveaent Marking 
(Lane Line) Skip White 6" 
Permanent Pavement Marking 
si (Cross Walk) Solid White 6” 
15. iPernanent Paveaent Marking 
_-...!(Stop Bar) White 24* if 
lé. Yellow Teaporary Paveaent Markin! 





3285.60 






7480 







"748.00 






es es) 








$420.00 + 









508.00 





"9.00 i 680,00) $920.00 





“900.00 + $1,200.00 : 



















$120.00 
$500.00 


“$120.00 





$3,509.) 





ADDITIVE H.A.C. SURFACE 
NTYPE B WITH HAC-20 


“$10,530.00 


$6,610.70 $ $11,991.70 1$173,047.93 


TOTALS: i $167,466.93 | 






$5,381.00 ; $5,281.00 | 30.00 


Read 
seconded by 


title and res 
City Plan Commission for 






recemmendation) 











i neld afti 

due _legal notice, at the Council Confer Tei ty Building 

“Fort Wayne, Indiana, ie os a ee za 

of r £9 sar ` ni E 
n 

















SANDRA E. KENNE 





ll and on motion by 








corm , and duly adopted, placed on 
Passage. PASSED TOLL lowing vote: i - 
i AYES NAYS ABSTAINED 
TOTAL VOTES K ti 
BRADBURY Pa 
BURNS CA 
EDMONDS. en 
a SA aaa ER e NE ie > 
HENRY E ota eae eee eh ae 
LONG SE oi a saat rae e as Tee 
REDD eh a ae pasa tate eo 
SCHMIDT a 9 
DOAN EEDA: 





Passed and adopted 


Indiana, as 
(SPECZAL) 


on the 


‘the 





1s 


a Fee 


YNE? D 


(ZONING—MAP) 


ar 


ED Ad 


ia 





Approved and signed by me this 


» at the hour of 


day of 


2. ALTSS T 
SANDRA E. KENNEDY, CITY CER 


«=. Presented by me to-the Ma 
OF te 


at the hour of 





SANDRA E. 


KENNEDY, 





CITY CLARK 


by the Common Council of the City of Fort Wayne, 


x 


ORDINANCE RESOBUTIỌN NO. e L DE-A 
; DODA, 


De oe ‘ Alanis) 
PRESIDING OFF CER 


yor of the City of Fort Wayne, Indiana, on 


1% 


day of: 


O'clock athe pEeS< 


É 


SANDRA E. KENNEDY, | 


orelo 





day of 
“Od 






Mere Sa Te 


AAA T 


PAUL HELMKE, MAYOR 








BILL NO. S-91-08-10 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 


JANET G. BRADBURY, CHAIRPERSON 
CLETUS R. EDMONDS, VICE CHAIRMAN 
GiaQUINTA, REDD, HENRY 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESEXXTEDN) approving Change Order 
No. 1 FORRES. 6194-91, 1991 RESURFACING PACKAGE NO. 1 with 
WAYNE ASPHALT & CONSTRUCTION CO., INC. in connection with the 


Board of Public Works and the City of Fort Wayne, Indiana 





HAVE HAD SAID (ORDINANCE) GRESOLEBEON) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE)  § (RESOERDEOM 
DO PASS DO NOT PASS ABSTAIN NO REC 








Qe el y 4 r. 


ee i S AALER 











DATED: -s 7-Fe - 


Sandra E. Kennedy 
City Clerk 


Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1, Res. #6194-91, 1991 
Resurfacing Package No. 1 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works 


SYNOPSIS OF ORDINANCE: Change Order #1 for Res. #6194-91 is necessary 
because more pavement removal was required due to the bad condition of the 
existing street in the driving lane along the curb. This raised the 
quantities for pavement removal, H.A.C. base No. 5D. The project was also 
increased one block without a change in quantities after the original 


estimate. Wayne Asphalt & Construction Co., Inc., is the contractor. 
EFFECT OF PASSAGE: The change will not affect operation or maintenance 
costs. 


ale ~G/- Y-7O 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $5,381.00 
(MVH/LRS ) 


EFFECT OF NON PASSAGE: 


ASSIGNED TO COMMITTEE: 


